EPA/BOR  SUPERFUND  PROGRAM 
WORK  AUTHORIZATION  FORM  (WAF) 


[x  ] Original  [ ] Increase  [ ] Decrease  [ ] Time  Extension  Date:  8/20/2015 


Authorization  is  hereby  given  to  provide  support  as  described  in  the  Superfund  Generic  Interagency  Agreement 
(IA)  identified  below.  The  following  information  is  provided  for  cost  documentation  purposes: 


IA  Number:  DW-14-953883 

Site  Name:  Gold  King  Mine  Site 

Work  Assignment  Title  (type  of  activity): 

Technical  Review  of  Gold  King  Mine  Assessment 

EPA  Work  Assignment  Number:  WAF  15 

EPA  Revision  Number:  0 

EPA  CERCLIS  Site  ID  Number:  A8K9 

Expiration  Date:  12/31/15 

EPA  RPM/OSC:  Steve  Way 

Phone:  303-312-6723 

Preferred  BOR  (Optional): 

BOR  Program/Project  Officer:  Mike  Gobla 

Phone:  303-312-3032 

Scope  of  Work  Description:  ( See  attachment  for  additional  information) 
Description  of  the  Incident 
Geologic  setting 

History  of  mining  operation  in  and  around  Gold  King 

History  of  remediation  activities  in  and  around  Gold  King 

Site  conditions  prior  to  incident 

Assessment  Work  Plan/HASP/EAP 

Activities  leading  up  to  incident 

Site  conditions  following  incident 

Industry  standards  and  practices  for  abandoned  mine  remediation 
Lessons  Learned 
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Current  Funding 

Total  Funding 
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Signed  Originals  to: 

Jeff  Marsala 

EPA  Cincinnati  Finance  Center  Mike  Gobla 

Accounting  Operations  Office  (MS  002)  BOR  Project  Officer,  Denver  Office 
26  W.  Martin  Luther  King  Drive  mgobla@usbr.gov 

Cincinnati.  OH  45268 
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